LEVEL CROSSING 
REMOVAL UPDATE 


The Victorian Government Is 
removing two dangerous and 
congested level crossings along 
the Hurstbridge line, building a 
brand new Rosanna Station, and 
duplicating the single section 
of track between Heidelberg 
and Rosanna. This will make 
communities safer and get 
commuters in Melbourne's 
north east home sooner. 


Construction works across our three 
sites — Alphington, Heidelberg and 
Rosanna — are rapidly progressing, as 
we prepare for two major construction 
blitzes, the first in October for nine days 
and the second for an extended period 
in early 2018. 


Construction in Rosanna has also picked 
up, with foundation works taking place 
around Rosanna Station and on the 

edge of Rosanna Parklands. These new 
foundations will support the 11 sets of 
piers that hold up the elevated rail bridge 
across Lower Plenty Road and the new 
Rosanna Station. 
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The team at Grange Road has settled 
into their new site office, relocated a 
sewer and installed one of two large 
beams that will support the road when 
the rail trench has been excavated. 


In Heidelberg, we've already excavated 
more than 3500 cubic metres of soil 
(more than enough to fill an Olympic- 
sized swimming pool) to make room 
for the new second set of tracks. 
Foundations have also been installed 
around the Burgundy Street bridge, in 
preparation for the new overpass. 


Above: The Heidelberg team prepares the 
signals for the upcoming second track. 
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Grange Road update 


Site offices for the team 
working on the Grange Road 
level crossing removal are 
now fully established near the 
intersection of Grange and 
Heidelberg roads. 


Our engineering, construction, 
environment and community relations 
teams are all enjoying the new 
location, which is a stone's throw from 
the level crossing and local traders. 


The team has been busy preparing for 
the main works to remove the level 
crossing by relocating underground 
services, and power and signalling 
wires. We've also conducted a 

rial excavation to help us better 
understand the ground conditions in 
he area as we prepare to excavate the 
rail trench in early 2018. 


The aim of the trial was to help us 
determine which machines operate 
he most effectively when we dig the 
rail trench, and how long we'll be 
excavating. We need to remove around 
30,000 cubic metres of rock and soil, 
and it's important that we choose 


the right equipment to minimise the 
impact on residents, road users and 
rail passengers. 


We have also started installing 
support beams under Grange 

Road, using a large crane and other 
heavy machinery. These works will 
continue during the nine-day October 
construction blitz. To ensure the safety 
of our workers and the public, we will 
again need to close Grange Road for 
three days while the works take place. 


What's coming up at 
Grange Road in October: 


e Installing underground cables 
between Fairfield and Alphington 
stations 


e Installing a second support beam 
at the Grange Road level crossing 


e Relocation of existing services 
including water, sewerage and 
traffic signalling cables. 


Below: sewer relocation works along 
Wingrove Street, Alphington. 


Benefiting the 
whole community 


Removing the boom gates 

at Grange Road will reduce 
congestion, increase safety 

and improve amenity across 
Melbourne's north east. Currently, 
the level crossing is a major 
congestion point for thousands of 
motorists each day, particularly 
weekdays during the 7-9am 
morning peak when the boom gates 
are down for around 40 minutes. 


Removing the boom gates will 
mean no more level crossing 
queues for the 22,000 vehicles 
that use the level crossing 
each weekday. 


The rail under-road design 
includes: 


e Enhanced accessibility and 
safety, with wider paths and 
new lighting 

e Improved traffic flow 


e Enhanced pedestrian and cycle 
links, with two new low profile 
pedestrian and cycling bridges 
over and along the railway line 


e Enhanced local amenity. 


For more information visit: 
levelcrossings.vic.gov.au 


Heidelberg track 
duplication update 


Our Heidelberg team has made 
significant progress over the past few 
months, with excavation works between 
Darebin Street and St James Road 
almost complete. 


We have also been carrying out foundation works 
around Burgundy Street bridge, in preparation for 
the new rail bridge that will run city-bound trains 
over Burgundy Street. 


During October 2017, Burgundy Street will be 
buzzing with construction activity. Work crews will 
be working on the retaining walls on both sides of 
Burgundy Street, between Heidelberg Station and 
Darebin Street. 


During this time, a crane with a lifting capacity of 
250 tonnes will take up residence on Burgundy 
Street over a 24 hour period. It will be installing 
precast concrete structures on the southern side 
of the existing bridge. These concrete structures 
will hold up the new rail bridge once it is installed 
in late 2017. 


We will soon start tunnelling under Darebin 
Street with a special excavator that digs 

around the clock, tunnelling about two metres 

a day. Vibration monitors and sensors are 
installed underground to make sure that there 

is no damage to the roadway, or existing brick 
underpass. The new underpass and duplicated 
tracks are set to be completed by early next year. 


What's coming up at 
Heidelberg in October: 


e Installing two bridge abutments for the new 
section of bridge over Burgundy Street 


e Piling works to prepare the foundations for the 
Darebin Street underpass 


e Lowering 120 metres of the single section of 
track behind Brown Street. 


Right: a piling rig installing foundations for the 
new bridge over Burgundy Street during the July 
rail line occupation. 
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Project timeline 


Early 2017 


e Contract awarded for the 
Hurstbridge Rail Line Upgrade. 


February to July 2017 


e Major construction started 


e Works started on Darebin Street 
underpass. 


August to October 2017 


e Install bridge foundations at 
Grange Road 


Start foundations for new rail 
bridge and station at Rosanna 


Closure of Rosanna Station 
for demolition. 


Late 2017 


e Darebin Street underpass 
completed 


e Burgundy Street bridge completed. 


Early-Mid 2018 


e Install bridge and dig rail trench 
at Grange Road 


Continue construction on 
the new Rosanna rail bridge 
and station 


Grange Road and Lower Plenty 
Road level crossings removed 


New Rosanna Station opens 


Landscaping undertaken. 


By 2019 


e Project completed. 


Upcoming disruptions 


We're working hard to minimise disruption for residents, public 
transport users, local businesses, and the community. However, to 
safely remove the level crossings at Grange Road and Lower Plenty 
Road, and to duplicate the track at Heidelberg, we will need to 
temporarily close the rail line, car parks and some roads. 


=) Rail 


14 September 2017 to mid 
to late-2018 


Closure of the west side of 
the Rosanna Station car park, 
(located off Beetham Parade) 
October 2017 to March 2018 Closure of Rosanna Station 

A shuttle bus will run to Macleod 
and Heidelberg stations 


8.30pm Friday 6 October to 
Sunday 15 October 2017 


Buses will replace trains on 
sections of the Hurstbridge line 


From 8pm Friday 24 November Buses will replace trains on 
to Sunday 26 November sections of the Hurstbridge line 


From 8pm Friday 8 December 
to Sunday 10 December 


Buses will replace trains on 
sections of the Hurstbridge line 


For journey planning and service information, visit ptv.vic.gov.au 
or call 1800 800 007. 


Mid-September 2017 Alphington 

to mid-2018 Wingrove Street will become 
one-way [eastbound between 
Martin Court and Grange Road) 


Tuesday 10 October to Heidelberg 

Wednesday 11 October 2017 Partial lane closures on 
Burgundy Street between 
Mount Street and Studley Road 


Friday 6 October to Monday Heidelberg 

16 October 2017 Intermittent closures of 
Brown Street between 
Hawdon and Cape streets 


9pm Friday 6 October to Alphington 
5am Monday 9 October Grange Road will be closed 
at the level Crossing 


Friday 24 November to Heidelberg 

Monday 27 November Partial lane closures on 
Burgundy Street between 
Mount Street and Studley Road 


Please note that these dates may change. Detailed information on any 
closures will be published in advance on levelcrossings.vic.gov.au and 
in upcoming works alerts, or you can contact the project team 

on 1800 762 667. 


Rosanna update 


Construction in Rosanna 
has picked up, with 
foundations being laid 
around Rosanna Station 
and in Rosanna Parklands. 


Each pile is around 25 metres deep 
and filled with concrete and steel 
reinforcing. These piles will support 
the 11 sets of piers that will hold up 
the new rail bridge over Lower Plenty 
Road and Rosanna Station. 


Once the main bridge and station 
structures are complete, the team 
will start finishing off areas around 
the new station including the car 
parks, footpaths and landscaping. A 
mix of small and large-growing native 
plants will help to integrate the new 


station precinct into the existing 
landscapes. In response to community 
feedback, we will be using nature- 
inspired finishes and colours around 
the station, helping to connect the 
parklands on the north side of Lower 
Plenty Road with the station precinct 
to the south. 


The new open space underneath the 
bridge will feature landscaping with 
natural materials such as stone and 
timber, and paths providing better 
pedestrian links between Rosanna 
Parklands, the station and the 
Rosanna Village shopping precinct. 
We will also revitalise Ellesmere 
Parade with new landscaping. 


Our project team has received a great 
deal of support from the Rosanna 
community, and as construction works 


are set to Intensify over the next few 
months, we are looking forward to 
working with local traders and residents 
to minimise construction impacts. 


What's coming up in 
Rosanna in October: 


e Closure of Rosanna Station from 
8.30pm Friday 6 October for 
demolition and rebuild 


e Foundation works to prepare for the 
new rail bridge 


e Installing the floor base and lift shafts 
for the new Rosanna Station. 


Above: artist's impression of the new 
Rosanna Station. Colours and materials 
have been updated in response to 
feedback from the local community. 


Works are on, shops are open! 


Sustainability a key focus 
for Rosanna Station 


To ensure we achieve a four-star Green Star rating for the new 

Rosanna Station, our project team is including a range of sustainability 
initiatives, including installing solar panels on the station roof. This will 
significantly reduce reliance on power from the electricity grid and 
reduce carbon emissions. 


Around 60-70 solar panels will be installed on both the eastern and 
western sides of the station roof to reduce the total peak electricity 
demand by 15-17 Megawatt-hours (MWh] per annum. To put this in 
perspective, the average Australian household consumes around 9.8 
MWh of electricity per year. 


Generating this electricity from solar will save between 16 and 18 
tonnes of carbon emissions from annual energy use at Rosanna 
Station. The electricity produced from this system will support peak 
electricity loads and be fed back in to the grid. 


Other initiatives also include installing LED lighting, energy efficient 
appliances, and sustainable design to reduce overall energy use at the 
train station. 


Below: solar panels at Sunshine Station, similar to those which will be installed 
at the new Rosanna Station. 


Sustainability facts 


100% 


of vegetation removed 
during construction 
will be re-purposed 


Stormwater 


will be filtered and 
treated by native 
vegetation at the new 
Rosanna Station 


CO, 


construction emissions 
reduced by 788kg per 
month using LED lights 
and biodiesel generators 
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